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Message Text 



UNCLASSIFIED 

PAGE 01 JAKART 10366 300959Z 
53 

ACTION SY- 10 

INFO OCT-01 EA-07 ADP-00 OC-06 CCO-00 OCL-00 FBO-01 /025 W 

094400 

R 300735Z AUG 73 
FM AMEMBASSY JAKARTA 
TO SECSTATE WASHDC 8544 
INFO AMEMBASSY MANILA 

UNCLAS JAKARTA 10366 

FOR ATO 

E.O. 11652: N/A 
TAGS: AFIN, ASEC 

REE: A) STATE 064587 

B) DEPOSIT ACCOUNT 19X6875-2504-1130 

1. POST HAS ADVANCED TO POINT IN NEGOTIATION NEW CONSULATE 
LEASE WITH LANDLORD TO PERMIT FINAL PLANNING AND IMPLEMENTA- 
TION REFERENCED IMPROVEMENT TO SURABAYA TCU PHYSICAL SECURITY 
WITH CONSTRUCTION OF NEW VAULT AREA APPROX 375 SQ. FT. 
CONTIGUOUS TO SOUTH WALL PRESENT TCU. NEW VAULT EXTERIOR 
DIMENSIONS OF 17' X 27' WITH ID OF 15'8" X 25’8". FLOOR 

TO CEILING HEIGHT 9'2 ". 

2. CURRENT ESTIMATED COST $12,000. REASON FOR INCREASE IS 
COST BUILDING MATERIALS RISING DAILY. UNDER THESE CONDITIONS 
UNABLE TO GET FIRM FIXED COST BIDS FOR PERIOD BEYOND WEEK TO TEN 
DAYS. 

URGENTLY REQUIRE INCREASE OF DOES 5500 IN REFERENCED SUSPENSE 
ACCOUNT TO PROVIDE NEW TOTAL OFDOLS 12000. PLEASE CONFIRM 
BY RETURN TELEGRAM. 

3. FOR ATO MANILA: DRAWINGS OF PROPOSED VAULT AREA BEING 
SENT. NO ELECTRICAL COSTS INCLUDED IN ABOVE ESTIMATES. PLEASE 
ADVISE REQUIREMENTS SOONEST. ASSUME ATO TO PROVIDE DOOR 
FOR NEW VAULT. 

UNCLASSIFIED 

UNCLASSIFIED 
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RM TARGET OCTOBER 1 ESTABLISHED AS DATE CONSTRUCTION TO 
BEGIN. CONSTRACTOR ESTIMATES EIGHT WEEKS COMPLETION. REQUEST 
DEPT. ARRANGE FOR SEABEE CONSTRUCTION SUPERVISION. 

GALBRAITH 



UNCLASSIFIED 
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Message Attributes 



Automatic Decaptioning: X 

Capture Date: 01 JAN 1994 

Channei indicators: n/a 

Current Classification: UNCLASSIFIED 

Concepts: n/a 

Control Number: n/a 

Copy: SINGLE 

Draft Date: 30 AUG 1973 

Decaption Date: 01 JAN 1960 

Decaption Note: 

Disposition Action: n/a 
Disposition Approved on Date: 

Disposition Authority: n/a 
Disposition Case Number: n/a 
Disposition Comment: 

Disposition Date: 01 JAN 1960 
Disposition Event: 

Disposition History: n/a 
Disposition Reason: 

Disposition Remarks: 

Document Number: 1973JAKART10366 

Document Source: CORE 

Document Unique ID: 00 

Drafter: n/a 

Enclosure: n/a 

Executive Order: N/A 

Errors: N/A 

Film Number: n/a 

From: JAKARTA 

Handling Restrictions: n/a 

Image Path: 

ISecure: 1 

Legacy Key: Iink1973/newtext/t1973086/aaaaaedh.tel 
Line Count: 65 
Locator: TEXT ON-LINE 
Office: ACTION SY 

Original Classification: UNCLASSIFIED 
Original Handling Restrictions: n/a 
Original Previous Classification: n/a 
Original Previous Handling Restrictions: n/a 
Page Count: 2 

Previous Channel Indicators: 

Previous Classification: n/a 
Previous Handling Restrictions: n/a 
Reference: A) STATE 064587 
Review Action: RELEASED, APPROVED 
Review Authority: kelleywO 
Review Comment: n/a 
Review Content Flags: 

Review Date: 24 OCT 2001 
Review Event: 

Review Exemptions: n/a 

Review History: RELEASED <24-Oct-2001 by reddocgw>; APPROVED <05-Feb-2002 by kelleyw0> 

Review Markings: 

Declassified/Released 
US Department of State 
EO Systematic Review 
30 JUN 2005 



Review Media Identifier: 

Review Referrals: n/a 
Review Release Date: n/a 
Review Release Event: n/a 
Review Transfer Date: 

Review Withdrawn Fields: n/a 

Secure: OPEN 

Status: NATIVE 

Subject: n/a 

TAGS: AFIN, ASEC 

To: STATE 

Type: TE 
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